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Letter  from  the 
General  Manager 


Dear  Neighbors  and  Friends 
of  The  Southwest  Corridor: 

The  Southwest  Corridor  Pro- 
ject was  made  possible 
through  the  availability  of 
federal  funds  to  the  Massa- 
chusetts Bay  Transportation 
Authority  when  the  decision 
was  made  not  to  build  1-95 
through  Boston's  neighbor- 
hoods.    The  amount  of  fund- 
ing was  increased  as  the 
exact  fcppe  of  the  project 
became  better  defined. 

Development  of  the  de- 
tailed project  design  has 


generated  new,  more  accurate 
construction  cost  estimates 
which,  at  this  time,  exceed 
the  amount  of  federal  funding 
available  for  the  total  pro- 
ject.    We  have  been  advised 
by  the  federal  government 
agency  responsible  for  fund- 
ing the  Southwest  Corridor 
Project,  the  Urban  Mass 
Transportation  Administration 
(UMTA) ,  that  no  additional 
funds  will  be  made  available 
to  cover  added  budget  costs 
beyond  the  amount  already 
committed  and  approved.  We, 
therefore ,  have  been  asked  to 
effect  a  cost  reduction  anal- 
ysis to  identify  areas  of 
possible  savings  which  will 
have  the  least  impact  on  the 
quality  of  the  overall  pro- 
ject. 

Cost  reduction  analysis 
will  be  guided  by  longstand- 
ing development  principles 
for  the  Southwest  Corridor 
Project  and  will  be  conducted 
in  cooperation  with  each  area 
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task  force,  and  it  may  re- 
quire scaling  down  some  faci- 
lities and  possibly  deferring 
others  until  more  money  be- 
comes available  from  the  Fed- 
eral Government.     This  analy- 
sis will  determine  the  cost- 
effectiveness  of  those  pro- 
posed changes  on  current  and 
future  construction  contracts; 
and  ultimately  upon  future 
operations . 

The  MBTA  will  make  the 
final  decisions  about  cost 
reductions.     I  personally  am 
very  aware  of  the  Southwest 
Corridor  Project's  long  his- 
tory of  cooperation  from  and 
communication  with  community 
groups.     Neighborhood  support 
for  this  project  has  been 
outstanding,  and  we  need  your 
support  more  now  than  ever. 
We  want  to  continue  to  work 
with  you  during  these  diffi- 
cult times  to  maintain  the 
quality  of  design  and  con- 
struction. 

It  is  the  Authority's 


principal  responsibility  to 
provide  you  with  a  completed, 
we 11- functioning  transit 
system  which  preserves  agreed 
upon  features  and  which  can 
be  constructed,  ready  for 
revenue  operation  within  an 
established  approved  budget. 
The  MBTA,   Southwest  Corridor 
Project  staff  and  its  con- 
sultants will  be  working  with 
interested  parties  in  the 
next  few  months  to  review 
cost  reduction  items  and  to 
agree  upon  cost  reduction 
guidelines  when  the  analysis 
is  completed. 

I  thank  you  for  your  patience 
and  cooperation. 


Sincerely, 


^es  F.  0  Leary 
General  Manager 

December  3,  1981 


Carta  del  Gerente  General 


3  de  diciembre  de  1981 

Queridos  Vecinos  y  Amigos 
del  Corredor  Suroeste: 

El  Proyecto  del  Corredor 
Suroeste  se  hizo  posible 
mediante  los  fondos  federales 
facilitados  al  Massachusetts 
Bay  Transportation  Authority 
cuando  se  decidid  que  no  se 
construiria  la  1-95  a  travSs 
de  los  barrios  Boston.  Los 
fondos  aumentaron  a  medida 
que  se  fue"  definiendo  el  al- 
cance  exacto  del  proyecto. 

Con  el  desarrollo  del 
plan  detallado  del  proyecto 
nan  surgido  nuevos,  y  mas  pre- 
cisos,  presupuestos  de  costos 
de  construccidn  que,  al  pre- 
sente,  exceden  la  cantidad 
de  los  fondos  federales  dis- 
ponibles  para  la  totalidad 
del  proyecto.     La  Urban  Mass 
Transportation  Administration 
(UMTA) ,  la  agencia  del  gobi- 
erno  federal  encargada  de 
suministrar  los  fondos  para 
el  Proyecto  del  Corredor 
Suroeste,  ncs  ha  informado 
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que  no  habra  mas  fondos  dis- 
ponibles  para  cubrir  aquellos 
costos  adicionales  en  el 
presupuesto  que  sobrepasen 
la  cantidad  ya  dispuesta  y 
aprobada.     Por  lo  tan to,  se 
nos  ha  pedido  que  hagamos 
un  analisis  de  rebaja  de 
costos  con  el  fin  de  identi- 
ficar  las  areas  en  que  se 
puedan  efectuar  ahorros  con 
el  menor  impacto  en  la  cali- 
dad  del  proyecto  en  total. 

El  analisis 'de  rebaja 
de  costos  seguirS  los  prin- 
cipios  de  desarrollo  que 
nan  prevaledico  en  el  Pro- 
yecto del  Corredor  Suroeste 
y  se  llevaran  a  cabo  con  la 
cooperacidn  de  todos  los 
comite's  de  trabajo.  Es 
posible  que  sea  necesario 
disminuir  algunas  instala- 
ciones  y,  quizas,  posponer 
otras  hasta  que  se  consiga 
mas  dinero  del  Gobierno  Feder- 
al.    Este  analisis  deter- 
minara  la  eficacia,  en 
cuanto  a  los  costos,  de  los 
cambios  propuestos  en  los 
contratos  de  construccidn 

SWCP  Hotline 
LInea  de 
Emergencia 
722-3300 


actuales  y  futuros;  y,  por 
ultimo,  en  las  operaciones 
del  porvenir. 

Las  decisiones  defini- 
tivas  en  la  rebaja  de  costos 
serSn  tomadas  por  el  MBTA. 
Yo,  por  mi  parte,  estoy  muy 
consciente  de  la  larga 
historia  de  cooperacidn  y 
comunicacion  entre  el  MBTA 
y  los  grupos  comunitarios . 
En  este  proyecto,  el  apoyo 
de  los  vecinos  residentes  ha 
sido  extraordinario  y,  ahora 
mSs  que  nunca,  necesi tamos 
esa  ayuda.     Durante  estos 
tiempos  diflciles,  queremos 
seguir  trabajando  con  Vds. 
para  tratar  de  mantener  la 
misma  calidad  en  el  plan  y 
en  la  construccidn. 

La  principal  responsa- 
bilidad  del  MBTA  es  suminis- 
trarles  a  Vds.     un  sistema 
de  transito  complete  y  en 
buen  f uncionamiento ,  que 
guarde  las  caracterf ticas 
acordadas;  y  que  se  pueda 
construir  para  ser  operado 
con  ingresos  dentro  de  un 
presupuesto  fijo  y  aprobado. 


El  personal  del  Proyecto  del 
Corredor  Suroeste  del  MBTA 
y  sus  consultores  trabajaran 
con  las  partes  interesadas 
en  los  prdximos  meses  para 
revisar  los  puntos  de  la 
rebaja  de  costos  y  para 
acordar  las  normas  a  seguir 
en  dicha  rebaja,  una  vez 
concluido  el  analisis. 

Gracias  por  su  paciencia  y 
su  cooperacidn. 

Sinceramente , 


^Jatoes  F.  O'Leary 
General  Manager 
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WALLACE,   FLOYD,   ELLEN ZWEIG, 
MOORE,  INC. 
65  Winthrop  Street 
Cambridge,  MA    02138  1 


Construction 
Updates  


Section  I  mud  slab  near  Gainsborough  Street. 


Section  I 


The  construction  of  the  tran- 
sit/train tunnel  walls  is  pro- 
ceeding in  the  area  between 
West  Canton/Harcourt  Streets 


Construction  of  boat  section  walls  In  Section  II. 


Pouring  of  the  mud  slab  in  Section  111. 


and  the  West  Newton  Street 
bridge.     The  wall  is  construc- 
ted by  the  slurry  wall  tech- 
nique in  alternate  panels 
to  allow  the  concrete  to  set 
and  to  provide  enough  space 
between  pieces  of  equipment. 

When  all  the  panels 
are  completed  on  the  north 
side  of  West  Newton  Street, 
the  cranes  will  be  dismantled 
and  moved  to  the  other  side 
of  the  bridge.     The  tunnel 
wall  construction  will  then 
proceed  south  to  Massachu- 
setts Avenue.  Excavation 
down  to  the  rough  elevation 
of  the  trackway  has  begun. 
This  work  will  move  south 
from  West  Canton  Street. 
The  contractor  will  soon  in- 
stall struts  to  hold  back 
the  walls  so  that  he  can  pro- 
ceed with  the  excavation  and 
begin  the  pouring  of  concrete 
for  the  trackbed. 

Preparation  for  bridge 
reconstruction  at  West  Newton 
-  Street  and  Massachusetts  Ave- 
nue is  almost  complete.  The 


Section  III 


Construction  of  the  northern 
portion  of  the  transit  and 
train  right-of-way  in  Jamaica 
Plain  is  progressing.  Follow- 
ing installation  of  the  track 
drain,  the  contractor  Salah 
and  Pecci  Company  has  placed 
much  of  the  "mud"  slab*  at  the 
bottom  of  the  boat  section  on 
the  railroad  side.     This  forms 
a  working  surface  consisting 
of  four  inches  of  concrete 
poured  onto  two  feet  of 
crushed  stone.     On  top  of  this 
surface  the  first  reinforcing 
steel  and  formwork  have  been 


utilities  now  carried  on 
these  bridges  will  be  relo- 
cated.    Footbridges  will  be 
built  at  West  Newton  and  West 
Canton  Streets  so  that  people 
will  be  able  to  cross  the  site 
as  construction  continues. 
At  Massachusetts  Avenue,  the 
new  bridge  will  be  built 
gradually  so  that  two-lane 
traffic  can  be  maintained 
throughout  the  construction 
period. 


Seccion  I 


La  construccion  de  las  par- 
edes  del  tunel  para  el  tren 
de  trcinsito  continua  lle- 
vandose  a  cabo  en  la  zona 
coraprendida  entre  las 
calles  Canton  y  Harcourt 
hasta  el  puente  de  la  calle 
West  Newton,     Mediante  el 
uso  de  la  tecnica  conocida 
por  "slurry  wall"  (pared 
de  mezcla) ,  se  van  fabri- 
cando  los  muros  por  sec- 
ciones  alternas,  lo  cual 
no  solo  da  tiempo  a  que  se 
frague  el  hormigon  sino 
que  provee,  a  la  vez,  el 
espacio  necesario  para  los 
distintos  equipos  de  gran 


placed,  and  concrete  has  been 
poured  for  the  five  foot  thick 
"invert"  slab,  which  will  sup- 
port the  train  rails. 

Excavation  is  proceeding 
on  the  transit  (western)  side 
of  the  boat  section,  and  in- 
stallation of  new  utility 
lines  is  continuing. 


Seccion  III 


La  construcci6n  de  la  parte 
norte  de  las  vias  de  tran- 
via  y  de  ferrocarril  esta 
en  progreso  en  Jamaica 
Plain.     Posteriormente  a 
la  instalacion  del  subdren 
de  la  via,  la  Compafiia 


vo lumen. 

Cuando  los  paneles  del  lado 
norte  de  la  calle  West  New- 
ton esten  concluidos ,  se 
desarmaran  las  gruas  para 
trasladarlas  al  otro  lado 
del  puente.     La  construc- 
ci6n  de  la  pared  del  tunel 
procedera'  en  direccion  sur 
hacia  Massachusetts  Avenue. 
La  excavaci6n  hasta  el 
nivel  aproximado  de  la  via 
de  rieles  ha  comenzado 
partiendo  de  la  Calle  West 
Canton,  desde  donde  avan- 
zarS  hacia  el  sur.  Pronto, 
el  contratista  instalara' 
los  puntales  para  sostener 
las  paredes  y  poder  proce- 
der  con  la  excavaciSn,  em- 
pezando  a  vertir  el  hormi- 
gon para  la  cama  de  rieles. 

Proximaraente ,  llegaran 
a  su  fin  los  preparativos 
para  la  reconstrucci6n  del 
puente  de  la  calle  West 
Newton  y  Massachusetts 
Avenue.     Los  servicios 
publicos  actualmente  en  el 
puente  seran  relocaliza- 
dos,  y  se  construiran 
rampas  en  las  calles  West 
Newton  y  West  Canton  para 
permitir  el  cruce  de 
peatonas  mientras  cont-4-nue 
la  obra. 

quede  terminada  para  fines 
del  otofio.     La  Compania  J-F. 
White ,  Morrison- Knudsen , 
Mergentime  esta  fabricando 
la  "secci6n  de  cafon"  que  va 
de  la  calle  New  Heath  a  la 
calle  Prentiss  y,  en  la  cal- 
le Prentiss,  un  puente  de 
servicios  publicos  se  esta 
concluyendo.     En  la  zona  de 
Roxbury  Crossing  se  sigue 
efectuando  la  relocalizacion 
de  la  mayoria  de  los  servi- 
cios publicos  como  prepara- 
ci6n  para  la  construccion 
del  puente  de  la  calle  Tre- 
mont  y  la  apertura  del  clr- 
culo  de  trSfico  provisional 
en  Roxbury  Crossing. 

Contrastista  de  Salah  & 
Pecci  ha  colocado  gran 
parte  de  la  placa  sobre  la 
tierra,  la  cual  servira 
de  fondo  a  la  "seccion  de 
cajfin"  de  las  vias  de  ferro- 
carril.    Esto  permite  una 
sunerficie  de  trabajo  que 
consiste  de  cuatro  pul- 
gadas  de  hormigon  verticlo 
sobre  2  pies  de  piedra 
molida.     Encima  de  esta 
superficie  se  nan  colocado 
las  primeras  cabillas,  as! 
como  los  moldes  para  con- 
tener  el  hormigon  con  un 
espesor  de  5  pies,  lo  que 
constituye  la  placa  de 
caj6n  para  sostener  los 
-rieles  del  tren. 


Section  II 


Construction  in  Section  II 
continues  as  scheduled.  The 
relocation  of  Stony  Brook  Cul- 
vert is  expected  to  be  com- 
pleted by  late  fall.  J-F. 
White,  Morrison-Knudsen, 
Mergentime  Company  is  building 
the  boat  section  from  New  Heath 
Street  to  Prentiss  Street  and 
a  utility  bridge  is  nearing 
completion  at  Prentiss  Street. 
In  the  Roxbury  Crossing  area, 
major  utility  relocation  con- 
tinues in  preparation  for  the 


constructxon  of  the  Tremont 
Street  bridge  and  the  opening 
of  the  temporary  traffic  ro- 
tary at  Roxbury  Crossing. 

The  rebuilding  of  Elm- 
wood  Street  is  nearing  com- 
pletion; new  sidewalks  were 
installed  in  late  September. 
Pedestrians  in  the  area 
should  use  the  new  street  and 
sidewalks  and  avoid  walking 
through  the  construction  site. 


Seccion  II 


Se  espera  que  la  relocaliza- 
cion de  Stony  Brook  Culvert 


Southwest  Corridor                        *MUD  SLAB  Section  I    Planner  Mary  Snyder,  KE/FST 
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final  slab  location.  SeCCaDn  I  Tel.  523-8300 


The  CAB  Contract 


The  Contractors'  Association 
of  Boston,  Inc.    (CAB),  has 
been  hired  by  the  MBTA' s  EEO/- 
AA  Office  to  assist  in  com- 
pliance monitoring  and  utili- 
zation of  minority  business 
enterprises   (MBEs)   and  hiring 
of  minority  individuals  in 
Southwest  Corridor  construc- 
tion work.     CAB  provides  sup- 
portive services  to  minority 
contractors  and  laborers  by 
notifying  them  of  MBTA  con- 
struction projects,  informing 
them  of  pre-bid  and  pre-con- 
struction  meetings  and  by 
providing  liaison  when  neces- 
sary with  professional  gui- 
dance in  areas  such  as  plan 
interpretation,  proposal 
preparation  and  union  wage 
scales. 

In  addition,  CAB  has 
hired  four  subcontractors  to 
perform  specific  duties  with- 
in CAB's  contract.     The  Third 
World  Jobs  Clearing  House 
monitors  the  work  force  on 
the  Southwest  Corridor  con- 
struction site  to  guarantee 
compliance  with  prescribed 
minority  hiring  goals  and 
refers  minority  laborers  and 
women  to  Corridor  construc- 
tion jobs. 

The  Southwest  Corridor 
Land  Development  Coalition, 
the  second  subcontractor,  is 
responsible  for  developing 
a  library  of  information  and 
research  data  related  to  MBE 


contractors  and  economic 
development  within  the  Cor- 
ridor.    In  addition,  the  Co- 
alition establishes  communi- 
cation links  between  Corridor 
neighborhoods  and  contractors . 
For  example,  the  Coalition 
has  acted  as  a  liaison  voi- 


cing community  concerns 
about  policies  which  will 
affect  neighborhoods  conti- 
guous with  Parcel  18. 

George  Morrison  Associ- 
ates identifies  areas  of 
potential  economic  develop- 
ment near  the  Corridor  in- 
cluding the  proposed  devel- 
opment of  Parcel  18.  It 
also  suggests  ways  in  which 
MBEs  can  implement  this  eco- 
nomic development. 

George  Morrison  Associ- 
ates acts  as  a  liaison  in 
financial  matters  by  for- 
warding MBE  referrals  from 
the  Roxbury  Action  Program 
to  the  Small  Businesses  Ad- 
ministration (SBA)  or  to 
venture  capital  firms. 

The  Roxbury  Action  Pro- 
gram (RAP)   collaborates  with 
George  Morrison  Associates  to 
plan  for  economic  develop- 
ment in  areas  such  as  Eliot 
Square  which  are  not  located 
directly  on  the  Corridor,  but 
would  feel  the  impact  of  Cor- 
ridor development.     It  is 
also  in  charge  of  providing 
technical  assistance  to  com- 
munity agencies  and  works  to 
locate  construction  jobs  as 
well  as  jobs  available  in 
other  fields  in  the  Corridor 
for  local  minorities . 

CAB  and  its  subcontrac- 
tors meet  weekly  to  resolve 
day-to-day  problems  and  con- 
vene as  a  group  with  the  MBTA 
once  a  month  to  deal  with 
broader  policy  problems . 
Through  their  technical  assis 
tance  to  MBEs,  CAB  and  the  su 
contractors  facilitate  and 
document  minority  participa- 
tion in  Southwest  Corridor 
work. 


Resumen  enEspanol 


La  Asociacion  de  Contra- 
tistas  de  Boston,  S.  A, 
(CAB) ,  ha  sido  contratada 
por  la  oficina  EEO/AA  del 
MBTA  para  asistir  en  la 
orientaci<5n  y  la  utiliza- 
cion  de  las  empresas 
mitoritarias   (MBEs)  y 
para  dar  empleo  a  los 
individuos  minoritarios 
en  los  trabajos  de  con- 
struccion  del  Corredor 
Suroeste.     La  CAB  suminis- 
tra  servicios  de  asisten- 


cia  a  los  contratistas 
minoritarios  y  a  los 
obreros,  tales  como:  noti- 
f icarles ' acerca  de  los 
proyectos  de  construccldn 
del  MBTA,  infonnarles 
sobre  las  reuniones 
previas  a  las  subastas  y  a 
la  construccion,  y  procu- 
rarles,  en  casos  de  neces- 
idad,  ayuda  profesional  en 
areas    como  interpretaci6n 
(continila  en  la  pag.  4) 


Neighborhood  kids  decorated  the  construction 
fence  at  the  West  Canton  Street  Block  Party  which 
was  held  Saturday,  August  29th.  Materials  were 
supplied  by  the  Southwest  Corridor  Project 


Section  H  Planner 

Planificadora  de  la 
Section  H 


Dee  Primm,  PRC  Harris 
67  Long  Wharf 
Boston,  MA  02110 
Tel.  723-1700 


Section  HI  Planners 

Planificadores  de  la 
Section  m 


Don  Grinberg,  Regla  Gonzalez- 
Guerra,  HNTB 

Suite  3050,   Prudential  Center 

Boston,  MA  02199 

Tel.      267-6710  3 


DOT  Award 


National  Award 

for  Design  Excellence 


and  Planning  during  the  design 
phases  of  the  project.  The 
award  was  granted  to  the 
MBTA  for  its  efforts  in  rim- 
ing the  program  through  the 
services  of  the  firm  Wallace, 
Floyd,  Ellenzweig,  Moore, 
Inc.     The  award  competition, 
entitled  "Design  for  Trans- 
portation:   National  Awards 
Program" ,  was  sponsored  joint- 
ly by  the  U.S.  Department  of 
Transportation  and  the  Na- 
tional Endowment  for  the  Arts. 

Resumen  en 

The  Southwest  Corridor  Project    HipTpfl.TlO  I 

has  received  an  award  in  De-   _   

sign  Excellence  for  its  work      La  labor  efectuada  en  el 
in  Community  Participation  Proyecto  del  Corredor 


Suroeste  con  respecto  a  la 
Participacion  y  Organiza- 
cion  de  la  Comunidad,  en 
las  etapas  prelirainares 
de  la  obra,  ha  valido  el 
galard6n  de  Excelencia  en 
Planificaci6n.     El  premio 
fue  otorgado  al  MBTA  por  los 
esfuerzos  dedicados  a  dirigir 
el  programa  a  trave"s  de  la 
firma  Wallace,  Floyd,  Ellen- 
zweig, Moore,  Inc.  El 
concurso  para  dicho  premio  se 
titulo  "Plan  de  Transporte: 
Program  Nacional  de  Premi- 
os"  y  estuvo  patrocinado, 
conjuntamente,  por  el 
Departamento  de  Transporte 
de  los  E.U.  y  por  Asocia- 
ci6n  Nacional  para  el 
Beneficio  de  las  Artes. 


A  closing  ceremony  for  the  Educational  Training 
Program's  summer  program  was  held  on  August 
28  at  131  Clarendon  Street  Members  of  the  MBTA 
staff  and  firm  supervisors  attended.  Trainees  re- 
ceived awards  for  their  participation  In  the  sum- 
mer program  and  spoke  about  their  experiences 
In  the  program.  Two  slide  shows  and  video  re- 
plays of  summer  workshops  were  shown. 


Jobs  in  Jamaica  Plain 


The  contractor  for  line  con- 
struction in  Jamaica  Plain, 
Salah  and  Pecci  Company  of 
Canton,  Massachusetts  current- 
ly has  a  work  force  of  43 
persons  on  the  site.     With  17 
minority  workers,  this  con- 
tractor has  exceeded  the  re- 
quired 30%  minority  partici- 
pation for  each  trade.  In 
addition,  three  (6.9%)  of 
Salah  and  Pecci ' s  construc- 
tion workers  are  females. 
The  federal  funding  agency, 
the  Urban  Mass  Transit  Admin- 
istration, does  not  allow  there 
to  be  mandatory  jobs  set  aside 
for  local  residents,  but  to 
date,  Salah  and  Pecci  has 
voluntarily  hired  five  Jamai- 
ca Plain  residents.     In  addi- 
tion, three  employees  of  Salah 
and  Pecci' s  subcontractors  are 
residents  of  Jamaica  Plain. 


Workers  are  hired  for 
Southwest  Corridor  construc- 
tion through  union  locals  cov- 
ering specific  trades.  Resi- 
dents who  wish  to  inquire  about 
obtaining  construction  jobs  on 
the  SWCP  should  feel  free  to 
contact  the  union  local  (Ce- 
ment Finishers,  Operating 
Engineers,  Steel  Workers  and 
Laborers)  or  the  Contractors' 
Association  of  Boston  (CAB) 
at  422-4680. 


Resumen  en 
Espanol 

La  Companla  de  Construc- 
cion  Salah  &  Pecci,  de 
Canton,  Massachusetts, 
contratistas  a  cargo  de  la 


construccion  del  trazado 
de  vias  tiene  bajo  su 
empleo  a  43  personas  en  la 
obra.     Empleando  17  obreros 
minoritarios ,  este  con- 
tratista  ha  excedido  el 
requisite  de  30%  de  par- 
ticipacion minoritaria 
en  cada  oficio.  Ademas 
de  eso,  3  (6,9%)  de 
los  obreros  de  con- 
strucci6n  empleados  por 
Salah  &  Pecci  son  mujeres. 
La  agencia  federal  pro- 
veedora  de  fondos,  la 
Administraci6n  de  Trans- 
porte Urbano,  no  provee  la 
asignaci6n  obligatoria  de 
empleos  a  los  residentes 
de  la  local idad,  pero, 
hasta  el  presente,  Salah 
and  Pecci,  ha  dado  empleo, 
voluntariamente,  a  cinco 
residentes  de  Jamaica 


Plain.    Aparte  de  ello, 
tres  residentes  de  Jamaica 
Plain  trabajan  para  los 
subcontratistas  de  Salah 
and  Pecci. 

Los  obreros  en  la 
construcci6n  del  Corredor 
Suroeste  son  empleados 
a  travSs  del  sindicato 
local  de  cada  oficio  es- 
peclfico.     Los  residentes 
que  deseen  averiguar  c<5mo 
obtener  empleo  en  el 
proyecto  de  construcci6n 
del  Corredor  Suroeste" 
pueden    dirigirse  al 
sindicato  local  (Apara- 
j adores  de  Hormig6n, 
Operadores  de  Equipo  Pesa- 
do,  Encabilladores)  o  a 
la  Asociaci6n  de  Contra- 
tistas de  Boston  (CAB)  al 
442-4680. 


Contrato  con  CAB 


de  planes,  preparacidn  de 
proposiciones  y  escalas 
de  sueldo  sindicales. 

Ademas,  la  CAB  ha 
contratado  a  cuatro  sub- 
contratistas para  desem- 
pefiar  tareas  especificas 
dentro  del  contrato  de 
este  organismo.     La  Ofici- 
na  de  Empleos  del  Tercer 
Mundo  supervisa  la  fuerza 
de  trabajo  en  la  obra 
del  Corredor  Suroeste  con 
eL  fin  de  garantizar  el 
cumplimiento  de  las  metas 
prescrltas  para  el  empleo 
de  minorias,  y  refiere 
a  hombres  y  mujeres 
minoritarios  a  empleos 
de  construcci6n  en  el 
Corredor. 

La  Coalici6n  de 
Desarrollo  de  Terrenos 
del  Corredor  Suroeste,  el 
segundo  contratista,  tiene 
la  responsabilidad  de 


compilar  una  biblioteca 
de  informaci6n  e  investi- 
gaci6n  de  datos  relacion- 
ados  con  los  contratistas 
de  MBE  y  el  desarrollo 
econSmico  dentro  del  Cor- 
redor.    Aparte,  la  Coali- 
cion  establece  medios  de 
comunicacidn  entre  los 
vecindarios  del  Corredor 
y  los  contratistas.  Por 
ejemplo,  la  Coalicion  ha 
actuado  como  agente  de 
enlace  para  dar  a  concocer 
las  preocupaciones  de  la 
comunidad  acerca  de  la 
politica  que  afectaria  a 
los  vecindarios  contiguos 
a  la  parcela  18.  . 

George  Morrison  Asso- 
ciates identifica  las 
areas  con  posibilidades  de 
desarrollo  econ6mico  en 
las  cercanlas  del  Corredor, 
como  la  parcela  18 
ya  propuesta.  Igualmente, 


hace  sugerencias  sobre  las 
formas  en  que  MBEs  pueden 
llevar  a  cabo  ese  desar- 
rolo  economico. 

George  Morrison  Asso- 
ciates sirve  de  agente  de 
enlace  en  cuestiones 
financieras,  transmitien- 
do  al  Small  Business 
Administration ,  o  a  com- 
panias  de  capital  empres- 
ario,  las  propuestas  de 
MBEs  que  le  refiere  el 
Programa  de  Accion  de 
Roxbury. 

El  Programa  de  Acci6n 
de  Roxbury  (RAP)  colabora 
con  George  Morrison  Asso- 
ciates en  la  planificaci6n 
del  desarrollo  econ6roico 
en  areas  como  la  de  Eliot 
Square,  que  no  estan  directa- 
mente  situadas  en  el  Cor- 
redor, pero  que  serian 
afectadas  por  el  desarrol- 
lo del  Corredor.  El 


RAP  tambien  tiene  a  su 
cargo  el  prestar  asis- 
tencia  tecnica  a  las 
agendas  de  la  comunidad, 
y  se  ocupa  de  encontrar 
empleos  disponibles  en  fil 
Corredor,  tanto  en  la 
construccidn  como  en  otros 
campos,  para  las  minorias 
del  vecindazio. 

La  CAB  se  refine  con 
sus  subcontratistas 
semanalmente  para  resolver 
problemas  que  se  puedan 
presentar  a  diario,  y  una 
vez  al  mes  con  el  MBTA, 
en  grupo,  para  tratar 
problemas  de  mayor  enver- 
gadura.    A  traves  de  su 
asistencia  tecnica  a  MBEs, 
la  CAB  y  los  subcontra- 
tistas facilitan  y  docu- 
mentan  la  participacidn 
minoritaria  en  la  obra 
del  Corredor  Suroeste. 
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Contributing  to  this  issue  of  the  Corridor  News:     Ellen  Anderson,  Peter  Calca- 
terra,  Therese  Garufo,  Don  Grinberg,  Janet  Hunkel,  John  MacDonald,  Tom  Nally, 
Dan  Ocasio,  James  F.  O'Leary,  Dee  Primm,  Mary  Snyder,  Kristin  West  and  Walter 
Williams . 
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